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25X10 oe canoun vor: | 
SUSTECT s Trin Report 
9 October 1964 thru 13 October 1964 
25X1 
Lsited on 9 October 1964, 25X1 
urcose to assure the crecution of the Contract 
o Discussions ensued relative to the refit. 25X1 
‘ig wena bo reat lengths to explain that this was the lowest 25X1 
SrOLst pereeatace he had ever received on any contract from 
this SHcncy.« He Sioned! 


25X1 


3. 13 “etober 1964 - Arrived at A/P facility to discuss 
oS for Incorporation of the new ISI instrument in the 
Coe he SYS cr tye ihe question which was presented to the 
conicaetor is as follows 

hat was the Last sued that A/P, contractor, had to wv: ceclve 
inatcuctions for ISI incorporation and a gom-ahead by specisic 
ingtrument im order to comply with pres sent schedule. (Cucstion 
css entially deals with which of the Stellar Index Camera was to 
be incorporated)? Further, wher was he in need of the GFE Buekes 
to affect said integration? Either position! 


“is ancwers are as follows: 


{L) Present SI configuration (TEX) could be incorporated if 
inscrunent is received by. the integration contractor (Lockheed) 
nias wonths prior to R minus 7 on each instrument. 
an ILLEGIB 
o 


NRO review(s) completed. poles 
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For the now ISI confivurat 
q 


: toa (FCIC) A/P requires eloven 
from scheculed R minus 7 on o2 


ehh instrument, 


xoperly confisured Tuckets are required by Af? to eerily 
ae of the above ten mont ae =ron R minus 7 date on ee 
“nis information was reg ced by Col. Murphy and wa 

co him on 14 October ice, 


vrther, dur ing, the couvse of this trip, a meeting was 
Gs fol. Murphy for the oc:press purpose of discussing the! 
saaaee OF ISI, Ge. erosrecer eni/or the reusability of 

ef 4srticles, Col, Murpay recessted this meeting in order 


foo? Nise as as chat[ Jas | posers recommendations to br. 
tan on 9 October 1964 whic. ersentially stated the followin: 
The insignificant cost saviags which would result fro: 
cilizcation of recovered herdware is not sufficient to justityv 
the unerease Loss of reliability. 


<2) oneerning the ISI, the welcht penelty imposed by its 
installction (approximately 115 Lbs.) would add a severe limic- 
ation to the allowable inclination angle, specifically, it would 
Limit th. Launch angle to approximately 759 and thoreby provide 
for <. marsinal Launch conditions, 


St wes reeommended by Col. “urphy that incorporation should 
be considered until either more thrust was obtainable or 
Na 


2 Of area weisht throughout the balance of tie 
aeeee. in su€fietent amount to offset the increase caused by 
the anstal acid by the ISI, can be achieved. 


aa eC 


abe incorporation o. the GY Programer has also been 

neil further investication can “be conducted and assurance 
‘ovided that no decrease in reliability would occur as a 
3.ts incorporation. 


“4 Col. “Murphy awaits instructions from Dr. McMillan ratifying 
the above recoumendations. 


5. Lhould you have any questions on the undertakings descrisad 
above, plcase feel free to contact the undersigned, 


ag 
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